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INFO OCT-01 AF-10 ISO-OO SYE-00 FBO-02 SSO-OO /018W 

141505Z 063649 /50 

O 141330Z JUN77 
FM AMEMBASSY LAGOS 
TO AMEMBASSY ABIDIJAN IMMEDIATE 
INFO AMEMBASSY DAKAR IMMEDIATE 
AMEMBASSY NAIROBI IMMEDIATE 
SECSTATE WASHDC IMMEDIATE 1702 


LIMITED OFFICIAL USE LAGOS 6696 

ABIDIAN FOR TSO; DAKAR FOR TSO; NAIROBI FOR OIC/RTC; 

DEPT FOR A/SY/FO MULWAY FROM TSO 

E.O. 11652: N/A 
TAGS: ASEC 

SUBJECT: CCC VAULT CONSTRUCTION 

1 . POURING OF CCC VAULT CONCRETE FLOORSWILL BE A LENGTHY 
PROJECT. 

2. PRESENT PLAN IS TO BEGIN POUR ON 16 JUNE REPEAT 

16 JUNE 1977. SMALL ELEVATOR AND WHEEL BARROWS TO BE USED TO 
MOVE AND POUR CONCRETE. ESTIMATE THAT IT WILL TAKE 2 TO 3 WEEKS 
JUST TO POUR FLOOR. 

3. POURING OF WALLS AND CEILING ALSO ESTIMATED TO TAKE 
APPROXIMATELY 3 WEEKS RESPECTIVELY. THEREFORE, THE CCC 
VAULT PROJECT IS EXPECTED TO TAKE A TIME SPAN OF APPROXIMATELY 
NINE WEEKS. 

4. SURVEILLANCE OF CCC VAULT CONSTRUCTION NECESSARY. HOWEVER, 
FEEL THAT IT IS IMPRACTICAL FOR THIS TSO TO REMAIN ON SITE 
DURING ENTIRE CONSTRUCTION. 
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5. IMPERATIVE THAT A SEABEE BE SENT TDY TO LAGOS ASAP TO 
AID IN THE SURVEILLANCE OF CCC VAULT CONSTRUCTION. 

6. TSO HABENICHT WILL RETURN ABIDJAN ON 17 JUNE AS 
SCHEDULED UNLESS DIRECTED OTHERWISE. THEREFORE, NO DAYTIME 
SUPERVISION WILL BE PROVIDED AT NOB. 
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7. COMMENTS OR SUGGESTIONS REGARDING PARAGRAPHS 5 AND 6 
ARE REQUESTED ASAP. 

8. FOR DEPT: TSO AWARE THAT SEABEE COMMITMENTS TO OTHER 
POSTS AT PRESENT TIME HAVE EXHAUSTED TSO ABIDIAN COMPLEMENT. 
SY/FO SHOULD THEREFORE ASSIGN TDY SEABEE UNTIL SUCH TIME THAT 
TSO ABIDJAN CAN ABSORB WORKLOAD. 

EASUM 
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